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The foliovdnp; information on the stat& of the construction work on the 
outer freight ring, Oranienburg l )3/Z 6?) - harow (K 53/2 96} « 
Blankenburg U 5</T) 25) - i^rzahn (ri 53/2 95), was compiled on 26 February 
1950 (see Annex 1); 
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®rr sic k endo rf _ (>j 53/2 87) - Qranieriburg section: earthwork nearing 
completion; tne ballasting and laying of track remain to be done. 


b« 2 * * * * 7 ensickendorf : A 900-meter passing siding is complete except for the 
switches, A new interlocking plant is under construction at the southern 
end oi* the track system. 


Co Basd orf (I* 53/2 £7) t Plans have been made . 

Reconstruction of the entire track system 
Construction of a new interlocking plant 
Construction of a 900-meter passing siding. 

d . CchoemaLde (h 53/2 £6) : 

(1) interlocking plant is under construction at one junction of tne 
newly laid track with the ’ ' H ei de k ra utbahn M (a branch line from Be .lin 
via Basdorf to Liebenwalde 53/2 79 )> of wuich the dchoeimalde - Basdorf - 
"fensicxendcrf section, an E-km stretch, la being utilized)* The project 
is scheduled to be completed within 6 or 7 weeks, including the necessary 
installations. 



(2) The SdioenwaLd© - lensickendorf section originally was to have a gravel 
roadbed, but is nor. to nave a broken stone ballast so as to be usable for 
heavy-duty freight trains. Ballasting of the Bchoenv.alde - Basdorf section 
has been completed. 


e„ Bchoemvalde - Karow sections 


(1) One km of track has been completed* The sub-grade nas been completed 
on another one-kilometer stretch, but the ballasting remains to be done. 


(2) A cut between Schoenwalde and Sehoonerllnde requires extensive 
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excavation work, which will take several weeks. 

(3/ Tne heavy construction work on tne ea’oan meat has been com : Acted 
i'ro. Sohoonerllnda to Luidenhof and for n kilometer beyond, ^inor 
work i r still to be done. 

€ • he' o v: e en 1 a rov: and ig adenpo f : 

(X) i»* rpe cur verts reouire extensive concreting work. Under construction 

are : 

1 culvert v.*i in r* span of three meters 
1 culvert with a span of nine meters 
m culverts vita spans of six meters each 

(l) Bridge over Panue divert Join abutments have been completed, fne 
•central support and the main girders are still pissing. 


f .. Karovs 


(i; kai.> road overpass: Both abu... ents have been completed, out centr- 1 
supports are under construction an.; tno a.ain girders are still missing 
(see- A. -a exes 2a and b) 6 

U) narrow track has been laid from ow t,o Sehoenerlincte to 
facilitate tae hauling of carta and cement . 


(3) '.ec..;ne traction qf the tracks (/+) of one Karov a red. Jut station is- uridex* 

v;aya , 


farsahn to Karov: 


(1) h ■ ving of t.*c track on a ballast© a roadbed v;ill be completed in about 
tro weeks. 

(2) hoc trtek from farzahn has two junction loops connecting it with 
the Berlin - bernau (a $p/Z y6) line, in the direction ox’ Karo, and of 
Biankenburg . Construction of the embankment is ,eing widened by an addi- 
tional track from tne loop as far as the Blankenburg railroad station. 

h. mater ials for the p ermanent _road Y^/ n : A materials depot (rails and 
ties } is in Scuocnv.alde and $*J^n©rXinda e Tae rails are ten rears old* 


i. Const ruction stall : Inc n . adcunrtcrs of me Soviet construction staff 
is header- sc. iloss on tno bataae ^iver tOrucaau). ft la OftllM Constmotlon 
Staff ’do 23. 

j. O poni n, of the line; Xue aev date oat for the opening of the Grind on- 
burr - Karov line is 30 April j.V50. 


The *varo--.~ Basdurf section was observed to bo under construction on 3 ...area 
19^0* fhe ;ic;v line crosses two Berlin - Bernau line nortn of Karov. i% 
worker employed o.i tain project stated tant worn aas been a no it, three 
Si.vifts and ta?: t If. culverts are retired on this section. 

| | to rment : 


a* The reasons for undertaking this project were 0 iven in tae Com... out 
on a previous report.* 


b. Tn.o survey in,;, worn vans copdeteu in September xVaV* f-C liuo -aia out 
for a projected Helobsautobabn wa used for the Karov -be. ..oeuv, aide section. 
T Pcnoori aldo - a*-tvdorf - fwnsickondorf sect! : a uses an existing ' branch 
line, which is be in,. improved for n ..,ain rai .roa^ line, il.e kens icxendorf 
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Qranicmburr seeti.n is entirely nev; co as i ruction. 

a Construe lion v.oru v:m started in oeptekKber 1', >, v. hie ueee.sary labor 
as drained. ..ark is bei n., done in ohree snif-s. 

d. The bridge over tne -iver .orth uf *itrow is oeiag built chiefly 

by Soviet railway engineer troops. 

e. tic crossing point under construction bet ; >.0011 karo and uuen U >3/ 

/X 96) is an overpass over tne double-track Berlin interurban rai-uuy 
(direction of uernau). 

f. Supervision of the construction v/oiv., formerly Biandled by Germans, has 
passed to Soviet Construction Staff *0 23* 

g. Hail rerui repeats apparently are not yet covered. Ine rails available 
v/ero dismantled sonev-hexe else, and are not of tne best quality. 

h« It seems doubtful- tnat the new target .ate Jay % j , vd.ll be met. The 
line vn.s original!', scheduled to be completed on 1 iaren i99G«- The official 
opening; .nay t^ke place on timt Cate for propa c anda reasons, but tne -ine 
probably mi i.l not be ready for operation. 

i. Completion of this by-pass will close the gap in the freight ring around 
Berlin to the north '..nd northeast. Tne other sections of dis re-routing- 
line are complete* this viJL make the Soviets almost invulnerable to counter- 
measures by the “estern powers in tne event of a reneved blockade of Berlin; 
their trains will .no longer have to pass through Berlin, and therefore will' 
not be affect -d by the blocking of the ie stern sectors of the city to boviet 
Zone transit traffic. 

3 Annexes: 1 sketch 

2 photos 
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